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CONTRACT - ER : CONTRACT/ORDER NO. DEBIT VOUCHER NO. ; “ 
Bi*A aed 2OGG8609 
REFERENCE DATE OF CONTRACT/ORDER DATE OF D.V. 


This contractual document is entered into as of the date above, by and between the United States of America, hereinafter catled the Government represented by the Contracting Officer executing the same, and 


the below named Contractor, hereinafter called the Contractor. The parties hereto agree that the Contractor shall furnish the facilities and deliver the supplies and services set forth herein for the consideration 
stated. 


q be CONTRACT-— The rights and obtigations of the parties hereto shall be subject to and governed by the Schedule and the terms and conditions on the attached General Provisions. 
: = s {Form No. 1 4 2 4A (1- 8 1 ) 1 4 2 4 B ( 1- 8 1 ) } To the extent of any inconsistency within the Schedule and the General Provisions, the Schedule shall control. 
< ory . 
i 2 % TASK ORDERM- The rights and obligations of the parties hereto shall be subject to and governed by this Task Order consisting of the Schedule and alt terms and provisions of the Basic 
2: Contract indicated above, which is incorporated herein by reference and made a part hereof. To the extent of any inconsistency between Basic Contract and this Task Order, this Task Order 
c shatl control. 
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SHIP TO: (Consignee and Address) IMPORTANT: (Use this address only} ISSUING OFFICE (Address Inquiries to} 


G/B 25X1 


(NO OTHER MARKINGS SHALL APPEAR ON/IN ANY BOX OR PAPER — SEE GEN-PROV. 35) 
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The pecioc cf performance unéer|thig Contract shaii|Le crow 
Ci daly 198/ to 31 January 1502. 
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D.o. DEFENSE ORDER NOTE: Use of the rating mandatory on all subcontracts (=z 
and purchase orders over $500. Certification thereof shall 
CERTIFIER WIDER DMS REGULATION NO-1 be “1.5, Government Order/Contract No.” shown above. 
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DATE RECEIVED PIECES 


[SHIPMENT NUMBER 
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CUBE CARRIER CONTRI 1 
REM. So : ‘ Set oe 234 
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CONTRACTOR ORDER/CONTRACTNO. * 


Skidmore, Owings § Merrill B1#A599900%060 


QUANTITY UNIT QUANTITY a 
ITEM UNIT (NO. OF PRICE AMOUNT ACCEPTED 
NO. UNITS) 


‘MILESTONE EVENTS: 
A. Project Activity Network Plan 


Prepare and submit for approval hy the Coatracting 
Officer five (3) copies of a narrative and graphic 
activity network plan for the conduct of the pro- 
§Ject work phases. The plan is to include a detalil~ 
ed network diagram listing all key activities with 
related completion time frames. The narrative por- 
tion of the plan shall include a discussion of the 
network end network phasing raticnale, shall reflect 
the Contractor's knowledge of applicable laws and . 
regulations and their impact on the project, and shall 
include a listing of Federal, state, and local and 
private or public agencies and/or community/citizess 
groups whose input and comments are considered vital 
to the successful accomplishment of the project. 


Final Master Plan and Amended Environmental Assessment 


The Contractor shall perform the following services in 
connection with the preparation of a final Master Deve- 
lopment and Master Utility Systems Plan and the prepara- 
tion of amended Environmental Assessment. 


(1) After initial review of the existing information in 
the Preliminary Master Plan and the Environmental Assess- 
ment, the Contractor ‘will meet with C.I.A. staffs and 
receive guidence on: fa) revision and updating of 
previously compiled data (b) transportation, street 
traffic, and parking. 


(2) Prepare and submit fer approval by the Contracting 
Officer ten (10) copies of an outline of the amended 
Environmental Assessment in accordance with GSA order 
PBS 1095.¢A, "Preparation of Environmental Assessments 
and Environmental Impact Statements.” 


(3) Prepare and submit for epproval py the Contracting 
Officer ten (10) copies of a draft Pinal Master Develop- 
went Plan or modification or alteration of the current 
approved Preliminary Master Development Plan, depending 
on the land use and/or disposition alternative selected 
by the Contracting Officer, together with a Graft Master 
Utility Systems plan in support of the physical develop- 
ment plan. WVheee plans shail include preliminary plans 
and dtewings delineating land use, building mase, cireu- 
lation patterns (pedestrian, vehicular and service facil~ 
ities), proposed project phasing, space use by functional 
category, cooperative use options, elevations, landscape 
appropriate text, study model, maps, photographs and 
other illustrative material, 


(4) Prepare and submit for approval by the Contracting 
Officer ten (10) copies of a preliminary text of the 
amended Envirnemental Assessment. Conevlt with and 
obtain the views of staff officials so as to accurately 
reflect official agency positions. focumentation sub~ 
mitted shall include en Administrative Record of all 
meetings, to include the name of the of ficial contacted, 
the date, the subject discussed and the Agency position 
thereon; a listing of a11 Federal, regional and lecal 
agencies and other interested parties from whem comments 
have been received; descriptions ef any weasures that 
must be taken by the C.I.A. or the General Services 
Administration or other agencies in the development of 
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CONTRACTOR ORDER/CONTRACT NO. ae. D.V.NO. 


SkiGwore, Owings, & Merrill SL7ASS9900*006 
SCHEDULE 
SUPPLIES OR SERVICES UNIT NO.OF | eaiee AMOUNT 
NO. UNITS) 
g. {4) Continued: 


a course of action to minimize adverse environmental 

effects cesulting frow the proposed Federal action; a 

listing and description of those actions which the 
responaibie agencies propose to initiate in arder te 

avoid or to the greatest extent possible any adverse 
environmental impacts likely to result from the pro- 

posed FeGeral action; and selected photographs, BAS, 
sketches and drawings reflecting a visual documentation 

of the selected Master Development and Utility Systems Plans. 


(5) Prepare and submit for approval by the Contracting. 
Officer ten (16) copies of estimated cost data for total 
plan implementation. Cost data shall be cgeveloped to 
show cost for major parts of the project euch as site 
work, utilities, foundations, Suiiding shell, finishes, 
plumbing, HVAC, electrical, and special equipment. 


(6) Make presentations of the Graft Final Master De- 
velopment Plan and Utility Systems Flan drawings and 
ether pertinent plans and amended Environmental Ansess~ 
ment documentation to the Contracting Officer and in 
conjunction with representatives of the C.I.A. and the 
General Services Administration, to the Kational Capital 
Planning Commission fer review and comment. 


(7) Submit e« camera, ready copy cf the amended Environ- 
mental Assessment, a final Master Sevelopment Plan, and 
& Supporting final Master Utility System Flan,@ll in-« 
corporating all revisions and comments of the Con- 
tracting Officer, the Rational Capital Planning Com- 
missieon, and GSA. Working in jcint participation with 
representatives of C.I.A. and the General Services 
Administration, seek to obtain the necessary approvals 
of the developed plan from the National Capital Planning 
Commission. The final Master Development Plan shall in- 
cliuce the following: 


(a) A site development mecel to a scale of 1 inch 
equals 100 feet of the Langley, VA site. and its 
environs, The model shall extend at least one block 
beyond the immediate site boundaries to show access 
to the site, including access to and from the George 
Washington Parkway, Route 123 and koute 133. The 
model shall be appropriate for presentation to BCPC 
and other public display. All new and existing 
structures on the site shall be shown in block form. 
Parking, roadways, pedestrian plazas, Gus stops, 
fences, building entrances, ete., shall be shown to 
Clearly fadicate access to and circelation within 
the site. All new and existing landscaping features 
Shall be shown to clearly indicate extent and height 
of plantings. The model shall be covered with a 
removable Plexiglas case and be suitable for easy 
transport, 


(b) Three (3) mounted celor photegraphs (26" x 307) 
of the medel shali- be submitted for presentation, 


{c) Five (5) sete of 35 om coler slides of the model. 
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D.V.NO. : . 
QUANTITY T QUANTITY 
UNIT (NO. OF rice AMOUNT ACCEPTED 
UNITS) 


(6) One set of plastic film reproducible 
@rawings (1 inch equals 100 feet or 200 feet 

ag appropriate}. .064 inch with matte finish 
hoth sides, of all development plans showing 
land use, building massing, circulation, utility 
systems, landscaping, special plan teatures, 
genersl index map, index of structures, etc. 


CONTRREPKSHCTeTReterse 2003/08/13 : CIAIRORES GEA AH HGR 900. 


ORDER/CONTRACTNO. ~ 


SL*A59 9900 "060 


Skidmore, Owings & Merrill 


SUPPLIES OR SERVICES 


B. {4) Continued: 


{(e) Two sets of colored presentation drawings 
@elineating redevelopment, land use, circula- 
tion systems, building massing, landscaping, 
space usage, sections, phasing systems, etc. 


(£) Three perspective renderings (in tempere 
color) of the Development Plans ene showing - 
an overall view and two depicting special 
interest areas. The overall view shall be a 
20" x 30° bird's-eye perspective. The 
special interest areas shall each be 18" x 24" 
eye level perspectives. 


DELIVERABLES AND SCHEDULE: 


The Contractor shall complete the services required above 
and submit the required reperts, drawings, and related decu- 
ments to the Contracting Offiger in accordance with the following 
schedules 


Sobmissicn Calendar Days 


14 days after Notice of Award 


Project Activity Network 
Plan 


Amended Environmental 30 days after Wetice of Award 
Assegement Gutline 


Draft Amended Environmental - 70 days after appreval by the 
Assessment Centracting Officer of the 


Amended Environmental Assessment 
Outline. : 


Draft Final Haster Plan, 
Draft Master Utility Systems 
Plan, and estimated cost data 


90 days after Netice of Award 


Final Amended Environmental 
Assesement, Final Haster 
Plan, and Final Master 
Utilities Plan and Submissien 
to NCPC 


126 days sfiter Notice cf Awarc 


HCPC presentation Regularly scheduled meeting in 


dahuary i982. 


REPORTS: 


The Contractor shall furnish written milestene status reports 
Gn a monthly basie. In addition, the Contractor zhall verify and/cor 
revise existing data contained in the 1972 Preliminary Master 
Plen and the Draft Environmental Sescription tor the CIA in Langley, 
Virginia, as necessary. 
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CONTRACTOR ORDER/CONTRACT NO. 0. V.NO. 
QUANTITY 
ACCEPTED 


Skidmere, Gwinge & Merrill , B1*A5999007096 
SCHEDULE 


SUPPLIES OR SERVICES 


PRESENTATIONS ¢ 


QUANTITY 
(NO. OF 
UNITS) 


AMOUNT 


The Contracter shall wake ome formal presentation te the 
Government at the completion of each phase of the contract, a8 
well as the National Canital Blanning Commission Presentation. 


SURVEY: ) 


The Contractor is to provide an up-te-cete survey of the 
site at 1°=100'-0" scale showing property lines, all atcuctures, 
roacways, paths, tences, contours at < foct intervals, tne exist- 
ing gite utility distribution system, and lancscaping features. 


SULCONSRACTORS AND PLASONNEL: 


The Contractor may utilize these subcontractors ana personnel 
acceptea by the Goverment prior to award of this contract in the. 
performance Gf work hereunder. Substitutions shall net be made with- 
out prier written approval of the Centracting Gfticer. 


COMPERSATION/PAYMERT s 


For satisfactory delivery and acceptance of all of the work 
Gescribed hereunder the government shall compensate the Contractor 
on @ Firm Fixed Price Incentive basia, The Firm Fixed Price amount 
is ONE HUNDRED TWENTY ONE THOUSAND SIX BSUNDRED PIPTY DOLLARS AED 
RO CERTS ($121,650.06) to be paid in accordance with the payment 
schedule listed below: 


it 


A. Payment Schedule: 


Submission to the Government and epproval 
by the Government ef the Draft Final Maater 
Plan, Draft Amended Envircnmental Assessment, 


and estimated cost data 


Submigsion to the Government and NCPC, and 
approvak by the Governsent of the Pinal 
aster Plan, Final Master Utilities System 
Plan, and Final Amended Environmental 
Assecsment 


3. 


HOPC presentation 


4. 


HCPC approval 


Therefore payment will be based on a percentage of completion 
ag certified by the Contracting Officer. 


B. Contract Incentives 


Two Percent: 


Successfully meeting all submission dates 
specified in the Statement of Work with a pro~- 
duct that meets the approval of the Government. 
($2,433.06) 


Feur Percents: 


Formal presentation of the Final Master Plan 
and the Amended Environmental Assessment to the 
National Capital Planning Commission on or before 
their regularly scheduled meeting in January 15982. 
($4,856.60) . 
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QUANTITY UNIT QUANTITY 
rem SUPPLIES OR SERVICES. pecla PRICE AMOUNT ACCEPTED 


Two Percent: 


- CONTPSRAZUOE | CRM EEIse 2003/08/13 :C 


Upon formal epproval of the Final Master Plan 
and Amended Environmental Assergsment by the Kational 
Capltal Planning Commission. 

($2,433.00) 


The contract incentive will be avarded on the above percentages 
of the total contract price. The determination of the incentive shall 
be made by the Contracting Officer. The incentive fee determination 
shall be final and binding on both parties and shall not be subject 
to the DISPUTES CLAUSE. 


The total funding obligation hereunder of ONE HUBDRED TEIRTY ONE 
THOUSAND THREE ROUHDRED EIGHTY TWO DOLLARS AND NO CEETS ($131,382.00) 
represents the maximum potential government liability as payment for 
the satisfactory completion and acceptance of the work described 
Dereie: 


C, REIMBURSABLE: 


The Contracter shall perferm Secil Test Baetngs at 
the Headquarters site to obtain soil data pertinent to 
the requirements of this project. ‘The number and loca- 

tien of borings ehall be as mutually agreed upon by the 
Contractor and the Government. The cost for this work 
shall be made aS a reimburseable payment to the Con- 
tractor by an amendment to this contract. 


INVOICE INSTRUCTIONS s 


All invoices submitted hereunder for payment will be 
submitted in triplicate and will contain the Sponsor-approved 
mailing address and contract number. Billing is to be submitted 
in accordance with the payment schedule described herein. 
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